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CONHDtNIIAL 


%ig a a a 


(Uhen Pilled In) 


TO: 

PKOii , 
SUBJECT: 


The Files - Contract 


605 


_, Task Order 


Date 9 September, 1959. 



1 


i’el'-ojn Report - 


25X1 

25X1 


t,o J7 

T. > ‘T'io dais c. col jphono rail was ____________ 

•. oc. xv jd from f~j 

25X1 


The fo.i.l-> r.:\A a-; .' -xxri v :rv. rnado: Cancel requirement for 

150 ohm unbalanced feed on 30 to 1,000 me antenna and request 

the d eletion formally _in a le t ter to our contrac t people . 

We will accept proposal and reduction in coslT if there is one. 

No sign of test equipment yet. Sho uld have been shipped from 
HDQRS last month. Told him I will track it down. All parabolic 

antenna sy stems have been shipord , Some of them were shi pped 

with RG-8/U cable. This will be replaced with SendflexLble 
Coax C able as soon as p ossible, Dave needs thd small equipment 
for equipment board mounting as soon as possible and not later 
thflltl 9JV? ftonth f rom n ow to complet e te sts on the antenn a-filter 
detector system. He stated that his contract people* have requested 
ex tens ions of tim e fo r t he tasks which have runout^ I told him 
that our people were holding several vouchers 'for payment until 
they got the re requ es ts in. He st ate d that if_ they did^ not get 
paid, they would certainly do something about it before too' 
long and ther e not t o wo rry about it , __ 




25X1 


25X1 


For Filing S3 
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(Uhen Filled In) 


d.,te 21 Mf ^ 1959 


TO? 

FROM . 


The Files - Contract 


605 


Task Order 


SUBJECT: Telseon Report - Inflatable pouchab le antennas 


Ohio data a t \L-rfhr io rail wv\s 


to y 

iv x\ from 


The fo.i.l.') a-: 


oi/fd/cab 

, My last inspection report 

• v made: v 


covering contractors work on task 1 rated their progress subject to improvement. 


will write 


a ’friendly’ letter telling them that 


in the future, when they submit proposals, they should try to be 


as realistic as possible as to delivery dates. There seems to be some 
concern in CAB about the cintinual delays at 


in the delivery 


of certain of the antenna systems. The letter will be written in such 


a manner that hhere should be no hard fellings about our ctt- critism 


of thetr work. 


25X1 


25X1 


25X1 


25X1 



25X1 


-• i nr..; ' 


For Filinr 1 7 
Prepare Smooth 
Copies to 
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Filled 


DaTE 


20 April, 1 959 


TO: The Files - Contract . Task Order _ _ 

Fli'li : I 


SUBJECT: Telseon Report - 


25X1 

25X1 


nad? t-O JjEf 

I. > "rio dac e c. tel jph-yio rail 




i -i rr / / 



•) i ; 



The foi.lv/lvA 

p:' ^ ->'V s 

’ made: Problems in the inflatable 



bags for tho pttmchable antenna system hare been cured. The trouble 


was traced to improper positioning of the bags on the supporting 
struct ures. Extensi ons for t asks 1 and U have been requested^eo that 
they can correct minor difficulties. 


For Filinr a 
Prepare Smoot’: /_/ 
Copies to 



25X1 
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/her. Filled 


TO’ 

FROM . 
SUBJECT; 


DaTE_ 3_ / 9 J 7 

"he Files - Contract rQ3 , Task Order 32^ 


Tebojn Report - 


25X1 

25X1 


xdo to 


‘.Jrio data c. t^I^rhy-c r-ai?. 




Th*s fo i.l^ /t i:-; made; 


/l/ A Gti&JiJ-f.. utisS 


c 


25X1 


l^tr'LL 

_£L Ij£ . j£?tlzA A/ 

^ ^ (jL <2L*xl'i£ _'i o£JL/-^- k-J-. S^i-C> 

^ .^2: &S3J-JU. - 3k_ — 


„j£l1LSJLLJC*. - /*Lj£dSb ‘£&±zL*l 


"T 


LjI ,*_.L4: MlA. „li_ ^'Ll^CdA- Jk,.a~i$. - 


L i jLQJx .6aCt 4__ A&Jsdk^L-tl ., d 




For Filinp 



Prepare Smooth. / / 


Copies to ^ -i* / 


25X1 
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6? o '■> 




rrion "rilled In) 


TO? 

FROM . 
SUBJECT 


Date 26 Februar y 1 959 


The Files - Contract 


605 1,2,3. 4 

, Task Order 


Tel -can Report - 


call from 


25X1 

25X1 


~T:^C! t.O 


’>i,> date a ;rho \o rail *•••> 

:■ contracts 


tv ;d r rora /*/ 


The fo.i.lovt 


?_ -t ‘0 


mads 


Question 


as to extension 


25X1 


of T01 gear to 1 April, Books to 1 May, T02 inst. to 1 April, T03 


report to 1 March, TOR equipment to 1 April and Instructions to 

aT }j.£.Cf ft 

1 May, all 1959* All of al 

£t 




"mr/rs*? 

dates are new proposed delivery dates. 


I was told that we would check with 


]and inform him 


of the results on 2 March, 1959* Also caution 


that when they send 


25X1 

25X1 


in any invoice for travel or other unusual expenses not specifically 


covered by the contract that the must reference either our letter of authorization 


or their letter requesting authorization fin the event that they havd 


not received a reply from us. If this is not done, their request for 


reimbursement will probably be denied. 


For Filin r £jf 
Prepare Smoot' - : f~] 
Copies to 


t 


25X1 
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Filled In; 



Date 


February 18, 19 59 


The Files - Contract , Task Order .. 


T0^ 

FROii . 

SUBJECT; Tel^on Report - Propos ed trip tJ 

Feb. 27, 1959 

T. > Thi-> date a telephone ;*ail a 


n to *"7 


Washington Office, 


no .'lv ,d from 


The foils rtv; : 


made : 


was informed 


that 


will make a trip to Cedar Rapids 


Iowa for inspection of progress on contract 605> 27 Feb, 1959* 


lwill notify the plant so that the proper people will be 


there and so we can get into the plant. No clearance problems will 
exist. 


will verify that Friday is a good day for a visit 


so that proper people will be there, 


25X1 

25X1 


25X1 

25X1 

25X1 

25X1 

25X1 


For Filing Z5 
Prepare Smoot 1 ' /_/ 
Copies to 


v 



25X1 
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